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BILL NO. S-81-01-^7^ 


SPECIAL ORDINANCE NO. S- 




AN ORDINANCE approving Civil City Purchase 
Order No. 4-09258i with Dailey Asphalt 
Products Company, Inc. for repaving for the 
Traffic Engineering Department. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Civil City Purchase Order No. 4-09258i 
dated November 17, 1980, between the City of Fort Wayne, In¬ 
diana, by and through the City Purchasing Director and the 
Board of Public Works and Dailey Asphalt Products Company, 

Inc. for the repaving of the Traffic Engineering Operations 
Driving Lanes and Parkway at a cost of $9,780.50, all as more 
particularly set forth in said Purchase Order, which is on 
file in the Office of the Department of Purchasing and is by 
reference incorporated herein and made a part hereof, be and 
the same is in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and approval by the 
Mayor. 



APPROVED AS TO FORM AND 
LEGALITY JANUARY 23, 1981. 


JOH 



, CITY ATTORNEY 


'stS 


u 








Read the fir^t time in full and on motion by -> _, 

seconded by , and dul^adopted, read the second time 

by title and referred to the* Committee (and the City 

Plan Commission for recommendation) and Public Hearing to be held after 
due legal notice,, at the Cou ncil Chambers.—Ci.ty-Co mrty Building, Fort Wayne, 

Indiana, on_ V '~—- ■ T^ ^'T ^he_day of 

,E-S .T. 



CHARLES W. WESTERMAN 

CITY CLERK 


Read the third 

seconded by_ ± 

passage. PASSED 


. _. and duly adopted, placed on its 

(fiOS 3 ^)- by the following vote: 


.e ^ in full and on motion by 


TOTAL VOTES 

BURNS 

EISBART 

GiaQUINTA 

NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

SCHOMBURG 

STIER 
TALARICO 


AYES NAYS ABSTAINED ABSENT TO-WIT: 

9 S __ _ 

' _ _ _ _ 

IS, 





_ _ __ _ 

£S. 



_ _ _ _ 

ok 


DATE: 




CHARLES W. WESTERMAN - CITY CLERK 


Passed and, adopted by the Common Council of the. City of Fort Wayne, 
(ABPR0Pft$A©iON) ORDINANCE' (RESOLUTION) No. 3?-P/ 


on the 


/ 


_day of 


17 

(seal! 


_, 19 


St . 


CHARLES W. WESTERMAN - CITY CLERK 


PRESIDING OFFICER 


Presented, by me to the Maypr of the City of Fort Wayne, Indiana, on 
the_/ _ d ay of t 19 f^ / f 




'o 'clock 






at the hour of 


M.,E.S.T. 


Approved and signed by me this 
i , at the hour of_C3—— o'cloc 


CHARLES W. WESTERMAN - CITY CLERK 

of . 































































































S-81-01-25 


REPORT OF THE COMMITTEE ON PUBLIC. WORKS 


WE, YOUR COMMITTEE ON_ 


Public Works 


TO WHOM WAS REFERRED AN 


ORDINANCE 


approving Civil City Purchase Order No. 4-09258i with 


Dailey Asphalt Products Comfipfay, Inc. for repaving for the 
Traffic Engineering Department 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 

() ' 


BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE_ 
SAMUEL J. TALARICO, CHAIRMAN 

PAUL M. BURNS, VICE CHAIRMAN 


JAMES S. STIER 


MARK E. GiaQUINTA 



DONALD J. SCHMIDT 


2 ) 


CONCURRED IN 

^at ezJrtfet CHARLES W. WESTERMAN, CITY CLERK 

































































Tabulation of Bid 

Bid Reference No.: 958-A 

Closing Date 11-17-80 

Repaving of Traffic 

Eng. Signal Lot 



Hipskind Asphalt 

6535 Ardmore Avenue 

Fort Wayne IN 46809 




Wayne Asphalt Co.^^^ 

6600 Ardmore Avdnue 

Fort Wayne IN 46809 




Dailey Asphalt Co; 

1034 Oakland Avenue 

Fort Wayne 




Rieth-Riley'tkmstruction 

1206-12 Clark Street 

Fort Wayne IN 46808^ jf , ^ ^ 




toeliering Construction 

P.0. Box 11168 

Fort Wayne IN 46856^ ' ^ j ^ f ^ ^ j 




tcComb & Son Gen. Contractor 

2706 Marcy Lane 

Fort Wayne IN 46806 








, - ■ 



















Bid Reference* " Q>y-Ar\A ttendance Dat e \ l" \ 


.Visitor's Name 

- -r^V --- s --- 

Company 

Address 

CLj^QSl 


c- c is/J 7 . 

^ A 7~ <Sr<£> u p 

/ MEE1& fcua-'ft. 

^(jooi "^34 ^rV •'^<5, JsL/pJk 


-//4y 

^v/Ls/or'j&eAJsO v 

<5/?/lsq y^oVt/l 

. u/jy/ss /j s/>/j? 

" ■ —- 7 -:- 

/by?/ US/QY/Se, 

U^. £ 


p'C 9 -/S-TWiC 

<&ais^-cs 


(z 7 - v&Yy „ 















































Memorandum 


T o Board of Works _ . ___ Dat» 1 I -1 7-80 

From Aaron M. Gluck - Director of Purchases _ ’ 

Subject Bid Reference No. 958-A _ ■ 


Attached are copies of Bids received for repaving of traffic 
Engineering Operations Driving Lanes and Parkway for the 
Traffic Engineering Department. Purchase Order Number 4-09258 i 
has been assigned to Dailey Asphalt Products Company, Inc. 

Of the five Bids received, Dailey Asphalt was the lowest Bid. 
When evaluated with quality, service and delivery, Dailey 
Asphalt was still low. (See attached evaluation sheet). 

^Because of the weather conditions, we are asking for Prior 
Approval so that work may begin. 

Please include the‘attached supporting information when this 
ordinance is submitted to City Council for Prior Approval. 

Also, plea'se insure that no confirming Purchase Order Number 
is given to Dailey Asphalt Products Company, Inc. until 












v^JULi Ui? JJUJtt'l' VYAXiNJ& 
DEPARTMENT OF PURCHASES 

Number One Main St., Ft. Wayne, Ind. 46802 
INVITA TION 

> ca !i. foUwwln* Urf ot 

-1* « BfaXand. with d^l'T.rr »a d— 

r «^1 *U duu-rw far d^tr^r, p^dn X . ^ 7725^. yw relTH 

. Aaron M. Gluck 


•5GOI .01 ngUM ud 


department of purchases 

Roo' 1 ’ 9.4.0, Number One Main St., Ft. Wayne, Ind. 46802 
REQUIRED FOR DELIVERY TO: -- ! -- 

Traffic Engineering Operations 
1730 S. Lafayette Street ~ ‘ 

Addrwa Fort Wayne IN 46803 __ 

RETURN ORIGINAL TO TEE CITY—RETAIN DUPLICATE COPY FOR YOUR FILE 
Closing: 

Time of Bids.-[%iv3emN3 W' / 1 Y^O aV ro^yixi ll’-toQ Ayvn ___ . _ 



Q—*hr 

Unit 

'X+ZmrLC*. S.p.IiM, &|«i>» ■«« «r Swrlo. 

U*rt 

Taut 

850 

SY 

Pavement Removal- (Includes Excavation for 8" Asphalt) 



234 

Ton 

H.A.C. #53 Binder (5") 



95 

Ton 

H.A.C. #11 Binder (2") . 



47 

Ton 

H.A.C. A-2 Surface (1") 



3 

EA 

Inlets Adjust & Set to Grade - 





SEE ATTACHED SPECIFICATIONS 





Affirmative Action f On File Attached 




. PsrforziiEc* 3oni □ 


B!d Bond reqtrfx'sd Q 

S#* iajiarwtioa lUa K«x 1$ os rm r** iid* W«t. 

Te^ms-% cash discount if paid vrithin-days from delivery and acceptance of goods or completion of services. 

pROposAL 0R BED “ " ” 


Delivery of any or all of the items or completion of services indicated shall be mads within__days from receipt of order' 
IMPORTANT X£rf“ if 5 i a th« »wj <d « ori**, n u th»* 

- ...r^T txniSk *A» ixftarEMitio* *bor»c 

2lr» H«r»t - 

Rietfyr Riley Construption Co. , Inc. 


.-mu . Area Supt. 


L 


J 


"'WrWi'e' 

Auxb*. - 163 . 1 . SR . 327 -M... County Lj ne ^dr. 


a-v -.Hun.tertQwn. IN ,46748 


• UZ1ZZ8 











































*' STREET ENGINEERING DEPT. W.O. # ____ ] _ Pa ^ e 8 of 10 

' CITY CF FORT WAYNE Center Une Length__ Rieth-Riley 

I CATE • November 17 , 1980 _ Property Frcntcge . Construction Co. 


Project Name: SIGNAL DEPT. PARKING LOT (RECONSTRUCT DRIVING L 

WES - AS 

PHAL 

2 

ITEM 

Na 

item 

QUANTITY 

UNIT 

UNIT COST 

AMOUNT 

* 

t 

$ - 

i 

I . ! Pavement Removal • 

850 

SY 

4 

o5 

34-VZ 

Sc 


(Includes Excavation For 8" Asphalt) 














8* 

2. 

H.A.C. #53 Binder (5") 

234 • 

TON 

zs 

TO 

G7/5 








lo ; 

! 3. 

H.A.C. #11 Binder (2") 

93 

TON 

35 

Zo 

5oS1 








3! 

4. 

H.A.C. A-2 Surface (1") 

47 

TON 

4© 

OS 

/e>32 








5. 

Inlets Adjust & Set to Grade 

3 

EA. 

/25 

oO 


Ori 







































/5So3 

Zi 

K 


crO 






~7 

































































C.o»vip\ tViOfC* "T^aY< & \ 








-r- - 
















a 










1 

1 













































































Sub Total 







tmoineerinq 8 Insoection 







Total Estimated Cost 





1 


Note: 


Rieth-Riley Construction Co., Inc. 


Sheet — L . of JL 
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rc« MD p 2as -4, un i Ui?’ i?'UKT WAYNE 

DEPARTMENT OF PURCHASES 

Number One Main St., Ft. Wayne, Ind. 46802 
INVITATION 


* aowUtiaa. oa tb* new Iwnot nro~t*i ca tb. followfra* llsi o, 

- - - “•> o» .w - Hiu m, tar tb. <!outawit u BUtfticMd. i^ib Mlw? to jMlutioa 

M *bo^a b^o-r. QooOtlaw. Adt ta.larf. til eWrw fa, drilmT. notr ~ 


•HjJ1 oil m>&« ul 


Aaron M. Gluck 


department of purchases 


Room 940,.Number One Main St., Ft. Wayne, Ind. 46802 


REQUIRED FOR DELIVERY TO: 

Traffic Engineering Operations 


Department 
or Division. 


1730 S. Lafayette Street 

Fort Wayne IN 46803 


Pag*. 


Ref. No. 958 ~ A 
Data October 31, ] 


Date wanted . 


Fund 

Appropriation No. 


RETURN ORIGINAL TO TEE CITY—RETAIN DUPLICATE COPY FOR YOUR FILE 

Timaaf Bids_ [\ ’-QQ _ 

rs sal£3 tax 

-JSS. Sm “tuc.- 

TAX EXEMPT (Unlesa otherwise indicated) 


s tax rnscmra 


CwtiW 

Cai* 

XurUb, S.»Um, .r S—rh=«. 

C*rt 

Trie 

.T 3 *- 

85.0 

SY . 

Pavement Removal- (Includes Excavation for 8" Asphalt) 

3.25 

$2,762 

234 

Ton 

H.A.C. #53 Binder (5") 

20.50 

4,797 

95 

Ton 

H.A.C. #11 Binder (2") , 

21.00 

1,995 

47 

Ton 

H.A.C. A-2 Surface (1 M ) ; 

23.50 

1,104 

3 

EA 

Inlets Adjust & Set to Grade 

150.00 

450 



TOTAL AMOUNT THIS BID...... 


$11,109- 



SEE ATTACHED SPECIFICATIONS 




Affirmative Action XXXXX On File Attached 




5% 


Bid Bond reqr&rod □ -E& 

Sn 

Te^ms .% cash discount if paid within. 


_ Perforaaac* 3 ocd □ 


lUa if*. 1* t> 

Rays from delivery and acceptance of goods or completion of servicea. 


PROPOSAL OR BID 


Delivery of any or all of the items or completion of services indicated shall be made within_day3 from 1 , receipted order 

IMPORT ANT 7 S 5 " d 4 liT»rr b« », factor la tb. cnH ot u it 'olpicUfA' tbit 

A faralifc :b» laformatioa r»|w«w 5 tixrra. 

I- -1 o’ I 

WAYNE ASPHfltT mJ CONSJSUtTiON CO. «MC 

»- /t.-y iPres lj.nt ; 

AxUraM 66QQ Ard more Av enu a '■ J m) ’* ,•* 

L J aw Fort Wayne, Indiana''46#Q9V y^ X ll/l7A : 













































— \ jx±l ujp rujtti YYAIINJ& 

DEPARTMENT OF PURCHASES 
Number One Main St., Ft. Wayne, Ind. 46802 
INVITATION 

•oikWt to A* «ondltl<M* t* A* Hnw b*iW, mn r»rwt*l ta A« folloarfn* 1U» of 
S fa*- A. dapwtavat u -olth to 



DEPARTMENT of purchases 


Room 940, Number One Main St., Ft. Wayne, Ind. 46802 


REQUIRED FOR DELIVERY TO: 

Traffic Engineering Operations 


Department 
or Division. 


1730 S. Lafayette Street 

Fort Wayne IN 46803 


Page——_ 


. of- 


Ref. No. 958 ~ A 
Data October 31, ] 

Data wanted__ 


Fund 

Appropriation No. _ 


RETURN ORIGINAL TO THE CITY—RETAIN DUPLICATE COPY FOR YOUR FILE 
Closing 

Time of Bids-fr'limAav^ , a-V W-oo frtn _ 

T-^F? 3 1 , .TP?.9PT . s rP? G * T ' raoK y= ojkai. szasz and Indiana stats salts tax ras cm Indiana TAS rroranoN 

*i-S3 iI7ICACS IS NO. P3ZGX3 SHOULD NOT INCLUDS l a - . —AITNt Sm —Luxracdou to il.l■■ i“ No. 10 « r rr. ra. v ———f 

TAX EXEMPT (Unless otherwise indicated) 


85.0 

Dai* 

SY 

ItMfTimlu S.p»lW, £|ibMl «r 3mrri*m 

Pavement Removal- (Includes Excavation for 8" Asphalt) 

UVrt 

1.50 

Tat. 

1,275 

234 

Ton 

H.A.C. #53 Binder (5") 

20.50 

4,797 

95 

Ton 

H.A.C. #11 Binder (2") 

22.50 

2,092. 

47 

Ton 

H.A.C. A-2 Surface (1") 

28.00 

1,316. 

3 

EA 

Inlets Adjust & Set to Grade * 

100.00 

300. 





9,780. 



SEE ATTACHED SPECIFICATIONS 





WEATHER PERMITTING WE WILL START IMMEDIATELY AND WE WILL 

LAY THE SURFACE IN THE SPRING OF 1981. 





Affirmative Action 2/6/80 On File Attached 




5% 


3 H Sand r&qsired Q { 5 X 

Teipns% cash discount if paid within 


—days from delivery and acceptance of goods or completion of services. 


PROPOSAL OR BED 


Delivery of any or all of the items or completion of services indicated shall be made within_daya from receipt of order’ 

IMPORTANT 33?” if <5 4* r *r y i* » !a A* of u «-£•*, ft U taporbujV Wj Uloen 

. .. ... ...I —. JaraUk "At iaiaraatio* r*ro«W ibvn. 

| —1 SU» H*r». 

Dailey Asphalt Products Co., Inc. 


L 


J 


- A „ y-? vice president 

n. 46898 

Ft. Wayne 11-17-i 















































— CITY OF FORT WAYNE 

DEPARTMENT OF PURCHASES 
Number One Main St., Ft. Wayne, Ind. 46802 
INVITATION 

a tb* nr™ h<rW, 

>, for U» iwtaual u a. 

■ <hoUtl M . OlUI latlTai. »U tWyw far 


Page 


Ref. No. . A 
Data October 31, 


•SCjJI U1 


Aaron M. Gluck 


DEPARTMENT OP PURCHASES 
Room 940,.Number One Main St., Ft. Wayne, Ind. 46802 


REQUIRED FOR DELIVERY TO: 

Traffic Engineering Operations 


Department 
or Division. 


1730 S. Lafayette Street 

Fort Wayne IN 46803 


-L 


Fund 

Appropriation No.. 


RETURN ORIGINAL TO THE CITY—RETAIN DUPLICATE COPY FOR YOUR FILE 
Closing 

Time of Ri da ; f^oembcr VH-VVn t tqSlo ^»,V IV’oo Krw _ 


s cnrrs -prmj&A saxxs t 

TAX EXEMPT (Unless otherwise indicated) 



Cal* 

Vij.Tl.Ii. SipilW. VSmI »* SM-rfM 

iSS 

.r^t 







S 

85.0 

SY . 

Pavement Removal (Includes Excavation for 8" 

Asphalt) 

2. to 

nsz.c 

234 

Ton 

H.A.C. 

#53 Binder (5") 


n.so- 


95 

Ton 

H.A.C. 

#11 Binder (2") 


'iiL.no 

■ZlSU.S’l 

47 

Ton 

H.A.C. 

A-2 Surface (1") 



/o<}2, 75 

3 

EA 

Inlets 

Adjust & Set to Grade 

’ 

i&^.oo 

49^.04 



SEE ATTACHED SPECIFICATIONS 


5 

i 

ioluzA 



Affirmative Action v/ On File 

Attached 











Bid Bend 
Te^ms 


required □ 
% cash 


5% 


. Perforeaaac* Bend 


S** tMtr»doo lisa Kflfe IS of 

discount if paid -within-days from delivery and acceptance of goods or completion of services. 


Delivery 

r 

L 


z* oi clo*La*. la £z 
oert# itaea. 

of any or all 


PROPOSAL OR BID 

ill wnd^on i zhirvct. th» us«Uni* 

•r rieit wri#* upaa wMoh i 

of the items or completion of services indicated shall be made within., .days from receipt of ordsr' ! 

IMPORTANT m?* Ai <iiliTafy Bi*T b. » Awieii* f»rtCT !a tbt i'-rirf cf it «i*r,, H U kajrarbial lllwi 

fcuiiik laiorsaiUeo j-ktomW xiwrs. , > ' •, _ 

Hi* Eni 


MOELLER1MG CONSTRU CTION CO., INC. 

5 


Carl W. MoelSsring 


J 


&fVr4UA+tAj*j 7*sd 


SSSagktlkiv» 

4 P.O.&6+{ 


eVics-President 




, /f-n-'r 












































STREET ENGINEERING DEPT. 
};!■ CITY' CF FORT WAYNE 


3 1 iMMI C. Ur UiUAIN 111! C.C3 

W.O. i 


Page 8 of TO 


CATE: 


Center Line Length. 
MOELLER1NG CONSTRUCTION CO., INC Property Frontage 


Project Nome: SIGNAL DEPT. PARKING LOT (RECONSTRUCT DRIVING LANES - ASPHAI. 


item! 

Ha-1 


,! UNIT COST 


1.1 Pavement Removal 


X la 


(18 S , 


(Includes Excavation For 8" Asphalt) 


H.A.C. #53 Binder (5 n ) 


TO Nt 


n 


2o 


4^0 3 


H.A.C, #11 Binder (2") 


93 7^ 


TONI XZ. ~ic 


7-tS-G 


H.A.C. A-2 Surface fl“) 


TON 


1* 


(09 7. 


Inlets Adjust & Set to Grade 


EA. 




4-9f 


{qIc'X L 


Sub Total 


tjiaineerinq S Inspection 


Total Estimated Cost 


Sheet of- 







































































— \jxxx \jj? ruiii yy AX IN JjJ 
DEPARTMENT OF PURCHASES 
Number One Main St., Ft. Wayne, Ind. 46802 
INVITATION 


■» copll". I m ai 


•lOU *11 m>U*« * 


Aaron M. Gluck 


department of purchases 
_ _ Room 94.0,.Number One Main St., Ft. Wayne, Ind. 46802 

REQUIRED FOB DELIVERY TO: ; ' ' ' 


Department 
or Division_ 


Traffic Engineering Operations 


Page——I: of . 

Ref. No. . ? 58 ~ A ... 

Date October 31, 1 

Date wanted_'_ 


1730 S'. Lafayette Street 

Fort Wayne IN 46803 


Fund 

Appropriation No. 


RETURN ORIGINAL TO TEE CITY—RETAIN DUPLICATE COPY FOR YOUR FILE 
Closing .« 

Time of Bid* VUnday ^ Moo c<vnV> e-c lAibn aV W-oo 

■sc 

a_ __ _ 

TAX EXEMPT (Unless otherwise indicated) 


c— 

UaH 

Xxwrbl*. <« *• SanrfaM 

ertor 


850 

SY . 

Pavement Removal (Includes Excavation for 8" Asphalt) 

li.OO 

3 ,loo.c 

234 

Ton 

H.A.C. #53 Binder (5") 

22.00 

5,m8.c 

95 

Ton 

H.A.C. #11 Binder (2") 

21.00 

2,280.0 

47 

Ton 

H.A.C. A-2 Surface (1”) ; 

26.00 

1,222.0 

3 

EA 

Inlets Adjust & Set to Grade 

150.00 

Ji5.o.o 



TOTAL BID ' 


L2,500.0 



SEE ATTACHED SPECIFICATIONS 





Affirmative Action X On File Attached 




Bid Bond 
Te^rna— 


rsqrdrsd □ 

% cash 


5% 


_ PerforcL»ae« Bond □ 


Sm la*tratl*a IUe* No. If e> 

discount if paid within_days from delivery and acceptance of goods or completion of services. 


PROPOSAL OR BID 


Delivery 

r 

L 


of any or all of the items or completion of services indicated 3hall be mads '.-svitHih-j-days from receipt of order’ 
IMPORT ANT sx£SJ5r!SS.**.“>"**' nut 

'f 7 1 '/ •/ 


JaraUi ti.» lxtera*tic mqo*rtrf 

Sw’ s«vf 


¥?r 


sident 


6525 Ardmore Avenue 


J 


Fort Wayne, IN. U68Q9 


11-17-t 










































Page 8 of 10 


' STREET ENGINEERING DEPT. W.O # ___ 

• CITY OF FORT WAYNE Center Line Length. 

' CATE* NOVEMBER 17 > 1980 .Property Frontage. 


■Project Name: SIGN At DEPT. PARKING LOT (RECONSTRUCT DRIVING LAMES - AS 

PHAP 

‘I 

ITEM 

Na 

ITEM 

QUANTITY 

unit! 

UNIT COST 

1 AMOUNT 

* 


$ 


xv- 

Pavement Removal 

850 

SY 

k 

00 

3,too. 

Q 


(Includes Excavation For 8" Asphalt) 








Four Dollars . 







2. 

H.A.C. #53 Binder (5") 

234 • 

TON* 

22 

00 

5,lt8. 

0 


Twenty Two Dollars 







3. 

H.A.C. #11 Binder (2") 

XS3X 95 

TOM) 

2k 

00 

2,280. 

a 


. Twenty Four Dollars 







4. 

H.A.C. A-2 Surface (1") 

47 

TON 1 

26, 

00 

1,222c 

c , 


Twenty Six Dollars 







5. 

Inlets Adjust & Set to Grade 

3 

EA. 

150, 

00 

L50. 

0 




























































































! 

1 







| 

1 















































1 

1 







I 

I 







I 

1 




























































Sub Total 





12,$00 e 

oc 

Enainesrinq & Insnectian 







Total Estimated Cost 








Note: 


Sheet J— of Z 


J 



































































To. 


Memorandum 

Aaron Gluck, Director of Purchasing 


Dale Nov. 17, 1980 


From 


Walter Stout - Traffic Engineering 


Subiecl: Repaving of Traffic Engineering Operations Driving Lanes & 


Parking Complex 


COPIES TO: 


Carl O'Neal 
Mark Akers 
Dave Overby 
File (2) 


Please be advised, our office has reviewed Bid Reference 
No. 958-A for the repaving of the Traffic Engineering Operation's 


driving lanes and parking area. 

Dailey Asphalt Company, 1034 Oakland Ave., City, submitted 
the lowest bid of $9,780.50. Would you please, at your earliest 
convenience initiate the necessary legal documents for the 
award to be made to Dailey Asphalt Co. The funding is available 
in our budget itemized as "Construction", and the number is 
4 02 010 011 4265-i. 

Thank you for your prompt attention to this matter. 



Walter Stout 

Asst. Traffic Engineer 


WS/lt 














upetdLiuns uriving Lanes and Parkway. 


■' ' - 
DEPARTMENT REQUESTING ORDINANCE 
SYNOPSIS OF ORDINANCE Purchase. Order #4—09258 i has been assigned to Dailey Asphalt Products 


BOARD OF PUBLIC WORKS 




for its low bid. This is for Traffic Engineering Operations Driving Lanes and 


Parkway to be repaved. When evaluated with quality, service and delivery, Dailey 


Asphalt was still low. 


Dailey Asphalt has said weather permitting they will start immediately and 


' will- lay the surface in. the spring of 1981. 


Prior Approval Acquired November 18, 1980. 


EFFECT OF PASSAGE Traffic Engineering will have new repaved Operations Driving Lanes and 
• - Parkway. ' 


EFFECT OF NON PASSAGE The above described passage cannot be possible. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $9,780.50 which will be paid for by 
Traffic Engineering's budget in their account labeled 4 02 010'4256-i. 


ASSIGNED TO COMMITTEE 











































